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ATTENTION: LORAL BARLOW AND PAUL YOON 


E.O. 11652: N/A 


TAGS: 


SUBJECT: CONTRACT AID-730-362 1 WITH HAN YANG CONSTRUC- 
TION CO.TERMINATION AND RELATED COSTS 

1 . IT IS REQUESTED THAT BARLOW, OFFICE OF THE AREA AUDITOR 
GENERAL/EAST ASIA, CONTACT HAN YANG CONSTRUCTION CO. TO 
CONFIRM AND SUBSEQUENTLY ADVISE AID/W IF CONTRACTOR S LETTER 
OF 30 MAY 1977 TO CONTRACTING OFFICER, AID/W IS INTENDED AS 

AN APPEAL TO THE ARMED SERVICES BOARD OF CONTRACT APPEALS 
IN RESPONSE TO THE CONTRACTING OFFICER'S LETTER OF FINAL 
DETERMINATION DATED MAY 4, 1977. THIS QUESTION IS RAISED 
IN CONNECTION WITH THE EXTENSION OF TIME TO 20 JUNE WITHIN 
WHICH TO MAKE AN APPEAL GRANTED IN AN EXCHANGE OF CABLES 
(SEOUL 3847 AND MANILA 7106). 

2. ALSO ADVISE AID/W IF HAN YANG CURRENTLY HAS ANY ADDIT- 
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IONAL INFORMATION TO SUPPORT TERMINATION (LABOR COSTS) 

LISTED IN THEIR CLAIM UNDER COMPANY PROPERTY AND MENTIONED 
IN THE CONTRACTOR'S LETTER OF 30 MAY 1977 AS TERMINATION 
EXPENSE. MAY BE HELPFUL TO REVIEW CABLE MENTIONED ABOVE 
AND CONTRACTOR'S LETTER OF 30 MAY 1977 REGARDING TERMINA- 
TION EXPENSE. 


Margaret P. Grafeld Declassified/Released US Department of State EO Systematic Review 22 May 2009 



Margaret P. Grafeld Declassified/Released US Department of State EO Systematic Review 22 May 2009 


3. IF APPEAL IS INTENDED AID/W WILL FORWARD CONTRACTOR'S 
LETTER OF MAY 30, 1977 TO THE BOARD FOR APPROPRIATE APPEAL 
ACTION. CHRISTOPHER 
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